IRCON INTERNATIONAL LIMITED 

(A Government of India Undertaking) 


wtmifianr 


MSar/r 


Tender No.: IRCON/CC/TN/SR-2046/ Tunnel Const.//07/T8/T12&T13/11 Date: 1.09.2019 


Sub : 

e-PROCUREMENT NOTICE 

Sr No 

Pkg 

Name of work 


1 

Construction of tunnel T-7 (between Km 19+043 to Km 22+090 approx.) 
with an underground (UG) station cavern with single track of length 
750m and an access tunnel to underground station approx. 600m long 
on Sivok (West Bengal) to Rangpo (Sikkim) New Single line BG Railway 
Line Project. 


2 

Construction of tunnel T-8 (between Km 22+342 to Km 26+508 approx.) 
with a central evacuation tunnel approx. 1094 m long on Sivok (West 
Bengal) to Rangpo (Sikkim) New Single line BG Railway Line Project. 


3 

Construction of two no. T-12 (between km 37+097 to km 38+531 
approx.) and T-13 (between km 38+775 to km 41+403 approx.) on 
Sivok (West Bengal) to Rangpo (Sikkim) New Single line BG Railway 
Line Project. 


DATA SHEET 


1. 

Publishing Date 


11.09.2019 

17:00 Hrs 

2. 

Bid Document Download/ 

Start Date 


11.09.2019 

17:30 Hrs 

3. 

Clarification Start Date 


14.09.2019 

17:30 Hrs 

4. 

Pre-bid Meeting Date 


23.09.2019 

11:00 Hrs 

5. 

Clarification End Date 


20.09.2019 

17:30 Hrs 

6 

Bid submission Start Date 


03.10.2019 

10.00 Hrs 

7. 

Bid Submission End Date 


10.10.2019 

15:00 Hrs 

8 

Bid Opening Date 


11.10.2019 

15:00 Hrs 


1.0 The Chief General Manager/Railway Projects, IRCON INTERNATIONAL 
LIMITED, C-4, District Center, Saket, New Delhi-110017, , Contact: 
9560595273;, 2046.Contact No: 9560595025, 011-26530462, E-mail id: 
surender.singh@ircon.orr & mk.poddar@ircon.org invites online bids in two 
packet system on prescribed forms from bonafide firms/companies/JV 
having requisite experience and financial capacity for execution of the 
work detailed in the table given below. The bidder is advised to examine 

























carefully all instructions including addendum/corrigendum, condition of 
contract data, forms, terms, technical specifications, bill of quantities in 
the bid document. 


Pkg 

Name of work 

Estimated 

Cost of 

Services (Rs.) 

Earnest 
Money (Rs.) 

Completion 

Period 

1 

Construction of tunnel T-7 (between 
Km 19+043 to Km 22+090 approx.) with 
an underground (UG) station cavern 
with single track of length 750m and an 
access tunnel to underground station 
approx. 600m long on Sivok (West 
Bengal) to Rangpo (Sikkim) New Single 
line BG Railway Line Project. 

384.08 Crs 

1.99 Crs 

30 months 

2 

Construction of tunnel T-8 (between 
Km 22+342 to Km 26+508 approx.) with 
a central evacuation tunnel approx. 
1094 m long on Sivok (West Bengal) to 
Rangpo (Sikkim) New Single line BG 
Railway Line Project. 

422.38 Crs 

2.18Crs 

30 months 

3 

Construction of two no. T-12 (between 
km 37+097 to km 38+531 approx.) and 
T-13 (between km 38+775 to km 
41+403 approx.) on Sivok (West 
Bengal) to Rangpo (Sikkim) New 
Single line BG Railway Line Project. 

356.12 Crs 

1.85 Crs 

24 months 


Website https://etenders.gov.in/eprocure/app may be referred for detailed terms and 
conditions of the bidding documents, which is available on line. Amendments / 
Corrigendum / Addendum, if any would be hosted on the website only. 

3.0 ELIGIBILITY CRITERIA 

Eligibility of the applicants shall be assessed based on the “Essential Qualifying 
Criteria” as given in Annexure-ll to “e- Procurement Notice”. 

4.0 Accessing/ Purchasing of Bid Documents 

4.1 The complete Bid Document can be viewed / downloaded from the e- 
Procurement portal i.e. https://etenders.qov.in /eprocure/app free of cost. 

4.2 Help for Contractors, FAQ, Information about DSC and Bidders Manual Kit 
containing the detailed guidelines for e-Procurement system are also available on 
Central Public Procurement Portal. 

4.3 It is mandatory for all the bidders to have a valid Class-Ill Digital Signature 
Certificate (in the name of person having power of attorney to sign the Bid) from any 
of the licensed Certifying Agency (Bidders can see the list of licensed CA’s from the 
link www.cca.gov.in ) to participate in e-Procurement of IRCON. 














4.4 It is mandatory for the bidders to get their firm /company registered with e- 
procurement portal https://etenders.gov.in/eprocure/app to have user ID & password. 

4.5 Tender documents will be available online on website 
https://eprocure.gov.in/eprocure/app as per date sheet which can be downloaded 
free of cost. However, to participate in the online bidding process, bidders are 
required to pay a non-refundable fee of Rs. 56,800/-(Rupees Fifty Six Thousand 
Eight Hundred only) towards the cost of one set of tender document through NEFT 
or RTGS only in IRCON’s bank account no.: 57500000076024, IFSC Code: 
HDFC0000003 at HDFC Bank Ltd., Kailash Building 26, KG Marg, New Delhi - 209- 
214 

5.0 Instructions to Bidders for Online Bid Submission on the e-Procurement portal 
https://etenders.gov.in/eprocure/app. Bidders may download and refer the 
“Instructions for Online Bid Submission” from 

(https ://etenders.gov.in/eprocure/app;jsessionid= 

F90A7689A0BF87EF35B88D2CA57C6FD4.cppsugep2?page=StandardBiddingDocu 

ments&service=page). 

6.0 Pre-bid meeting 

6.1 A pre-bid meeting of the interested prospective bidders shall be convened on the 
date as given in Date Sheet in the office of The Chief General Manager/Railway 
Projects, IRCON INTERNATIONAL LIMITED, C-4, District Center, Saket, New Delhi- 
110017, 

6.2 The purpose of the pre-bid meeting is to clarify issues and to answer questions on 
any matter that may be raised. 

6.3 The bidder is requested to submit his queries in writing so as to reach this office not 
later than one week before the meeting. 

6.4 Any prospective bidders desirous of attending the pre bid meeting shall send a letter 
of authority on its letter head specifying the name and designation of the person who 
will be attending the pre bid meeting on its behalf to the (Chief General 
Manager/Railway Projects, IRCON INTERNATIONAL LIMITED, C-4, District Center, 
Saket, New Delhi-110017. Any such letter of authority shall reach IRCON at least 
three days before the date of pre-bid meeting. 

7.0 IRCON may issue addendum(s)/corrigendum(s) to the tender documents. In such 
case, the addendum(s)/corrigendum(s) shall be issued and placed on website 
https://etenders.qov.in /eprocure/app at any time before the closing time of bid 
submission. The tenderers who have downloaded the tender documents from 
website must visit the website and ensure that such addendum(s)/corrigendum(s) (if 
any) is also downloaded by them. This shall be the responsibility of the prospective 
registered bidders to check the web site for any such corrigendum/addendum at the 
time of closing time of tender and ensure that bid submitted by them are in 
accordance with all the corrigendum’s/addendums. Suitable time extension (not less 
than 3 days beyond the date of last amendment) for submission of bids will be 
granted. 

8.0 The tender documents shall be submitted online in the prescribed format given on 
the websites and technical bids received online shall be opened as per date sheet or 



Corrigendum thereof. No other mode of submission is acceptable. Detailed 
credentials as per the requirement of eligibility criteria and all tender papers except 
Bill of Quantities are to be submitted in “Technical Bid”. Bill of Quantities with rates 
duly filled in are to be submitted in the format provided online in the name of 
“Financial Bid”. Hence, physical submission of the documents is limited to 
submission of original Earnest Money Deposit in the form of Pay Order/ Demand 
Draft / Fixed Deposit Receipt / Bank Guarantee as per provision given in sub-clause 
9.1 of Instructions to Tenderers. Representative of the bidder, who chooses to 
attend, may attend the online opening of the technical bids on the scheduled date 
and time of Bid opening. However, such representatives shall be allowed to attend 
the opening of the Technical Bids, only, if such person presents the letter of authority 
issued in his name by the bidder on his letter head. 

9.0 Bidders cannot submit the tender after the due date and time of e-bid 
submission. Time being displayed on Central Public Procurement Portal 
https://etenders.gov.in/eprocure/app (“Server System Clock Time”) shall be final and 
binding on the bidder. e-Bids are required to be submitted by bidders, only as per the 
Indian Standard Time (1ST) and not the time as per their location/country. 

10.0 The bidders are advised to submit their e-bids well before the e-bid due date. 
IRCON shall not be responsible for any delay in submission of e-bids for any reason 
including server and technical problems. 

11.0 The Technical and Financial Bid shall be digitally signed by the Authorized 
Signatory of the bidder & submitted “on-line” only. The authorized signatory of the 
bidder must be in possession of Power of Attorney before submitting the digitally 
signed bid. Scanned copies of various documents can be prepared in different file 
format (PDF, JPEG). 


12.0 Tender shall be submitted as per “Instructions to Tenderers” forming a part of 
the tender document. The tenderers shall submit a copy of notarized affidavit 
on a non-judicial stamp paper stating that all their statements/documents 
submitted alongwith bid are true and factual. Standard format of the affidavit to 
be submitted by the bidder is enclosed as Appendix-V. Non submission of 
notarized affidavit by the bidder shall result in summarily rejection of his/their 
bid. It shall be mandatorily incumbent upon the tenderer to identify, state and 
submit the supporting documents duly self attested by which they/he is 
qualifying the Qualifying Criteria mentioned in the Tender Document. 

13.0 Any tender received without original Earnest Money in the form as specified in tender 
documents shall not be considered and shall be summarily rejected. 

14.0 IRCON reserves the right to cancel the tenders before submission/opening of 
tenders, postpone the tender submission/opening date and to accept/reject any or all 
tenders without assigning any reasons thereof. IRCON’s assessment of suitability as 
per eligibility criteria shall be final and binding. 

15.0 Tenderers may note that they are liable to be disqualified at any time during 
tendering process in case any of the information furnished by them is not found to be 
true. EMD of such tenderer shall be forfeited. The decision of IRCON in this regard 
shall be final and binding. 



16.0 IRCON reserves the right to pre-quality the bidder(s) provisionally based on the 
documents submitted by them and open financial bid(s), subject to their final 
verification. In the event of any document being found false, the provisional 
qualification shall stand withdrawn, and the next lower bidder shall automatically 
come to the position of such disqualified bidder. Action against such disqualified 
tenderers shall be taken as per above clause no.: 15.0 of Notice Inviting Tender. 

17.0 The validity of the offer shall be 90 days from the date of opening of the tender 
of the said package. 

18.0 Purchase Preference Policy for Micro and Small Enterprises (MSEs) Registered 
Firms:- 

18.1 Purchase Preference to Micro and Small Enterprises (MSEs) as admissible under 
Government’s existing policy on the date of acceptance of tender shall be applicable 
to Micro and Small Enterprises (MSEs) registered with any statutory bodies specified 
by Ministry of Micro, Small & Medium Enterprises having Udyog Aadhaar 
Memoranda shall also be given all benefits under Public Procurement Policy Order 
2012 . 

18.2 The tenderer(s) shall submit photocopy of current and valid MSEs registration 
certificate inclusive of all the pages showing the category of entrepreneur - whether 
the registered firm is owned by General or SC/ST or Women entrepreneurs, 
monetary limit of their registration for the items tendered to avail the benefits under 
the policy. The MSEs shall also submit a copy of “Entrepreneur’s Memorandum 
(Part-ll)” of the concerned district centre where the unit is established. The MSEs 
must also indicate the terminal validity date of their registration. 

18.3 Such MSE registered firms shall be exempted from payment of tender document cost 
and payment of Earnest Money Deposit. 

18.4 Definition of MSEs owned by SC / ST is as given below: 

18.4.1 In case of proprietary MSE, proprietor(s) shall be SC/ST. 

18.4.2 In case of partnership MSE, the SC/ST partners shall be holding at least 51% shares 
in the unit. 

18.4.3 In case of Private Limited Companies, at least 51% share shall be held by SC/ST 
promoters. 

18.5 All bidders registered under Micro and Small Enterprises (MSEs) shall have to satisfy 
the eligibility criteria at par with other bidders. There shall not be any relaxation in 
eligibility criteria/ tender process or other tender requirements and L.1 price. 

18.6 If lowest valid bidder is non-MSE firm, then in such a case - 

(a) IRCON may offer up to 25% of the tendered quantity to those firms registered under 
Micro and Small Enterprises (MSEs) Act whose quoted rate falls within + 15% of the 
lowest valid bid quoted price by non-MSE (L.1 offer) provided that they are willing to 
bring down their price matching to that of L.1 bidder and subject to their monetary 
limit. 

IRCON may split the total quantity of 25% proportionately amongst those MSEs firms 
whose rate fall within price band of L.1 + 15% in case of more than one MSEs firms 



falling within this purview. While splitting the quantity amongst MSEs firms the 
preference for 5% percent out of 25% shall be given to MSEs owned by Scheduled 
Castes or Scheduled Tribes and 3% out of 25% shall be given to MSEs owned by 
Women Entrepreneurs subject to their monetary limit. 

(b) Purchase preference facilities shall not be applicable in the tender where quantity 
cannot be split. In such situations the total quantity shall be offered to the lowest valid 
bidder irrespective of their registration status and the benefit to MSEs shall be limited 
to exemption from cost of tender document and Earnest Money Deposit only. 

(c) The total quantity shall be offered to non-MSE lowest valid bidder, in case suitable 
offer of MSEs firm is not available or they do not agree to match the price to that of 
LI bidder and the quoted price by MSEs is beyond +15% of the lowest valid price 
bid. 

18.7 The above facilities shall not be applicable for the items for which they are not 
registered. 

19.0 Policy for Startup India for Startups Registered Firms:- 

19.1 Relaxation of criteria of prior experience and prior turnover for Startups (whether 
Micro, Small Enterprises or otherwise) as admissible under Government’s existing 
Policy on the date of opening of tender, shall be applicable to Startups registered in 
the category and within the monetary value of item/ services/ works tendered for, with 
Department of Industrial Policy & Promotion, Ministry of Commerce or by any 
statutory bodies specified by Government of India or having a valid certificate of an 
eligible business from the Inter-Ministerial Board of Certification specifying the 
category of registration/ certification and monetary value subject to their meeting of 
quality and technical specifications, as envisaged in the Policy. 

19.2 IRCON reserves the rights to deny such exemptions to Startups (whether MSEs or 
otherwise) in circumstances, like procurement of items related to public safety, 
health, critical security operations and equipment, etc. 

19.3 The tenderer(s) shall submit photocopy of current and valid Startups registration 
certificate inclusive of all the pages showing the category of entrepreneur, monetary 
limit of their registration for the items tendered to avail the benefits under the policy. 

20.0 Following tender conditions on Make in India shall be applicable for tenders valuing 
more than ' 5 lacs:- 

20.1 In procurement, where there is sufficient local capacity and local competition, and 
where the estimated value of procurement is ' 50 Lakhs or less, only local vendors* 
shall be eligible. If the estimated value of such procurement is more than ' 50 Lakhs, 
the provisions of following clause/ sub-clause 20.3 (i) and 20.3 (ii), as the case may 
be, shall apply. 

(’Local vendors means a supplier or service provider whose product or service 
offered for procurement meets the minimum local content as prescribed under the 
Order of Ministry of Commerce and Industry, Department of Industrial Policy and 
Promotion or by the competent Ministries/Departments in pursuance to this Order.) 

20.2 Bidders (manufacturer or principal of authorised representative) who have a 
valid/approved ongoing ‘Make in India’ agreement/ program and who while meeting 



“Essential Qualifying Criteria” as given in Annexure-ll to “e-procurement notice”, 

would also be considered to be qualified provided: 

i) their foreign ‘Make-in-lndia’ associates meets “Essential Qualifying Criteria” 

as given in Annexure-ll to “e-procurement notice” without exemption, and 

ii) the Bidder submits appropriate documentary proof for a valid/approved 
ongoing ‘Make in India’ agreement/program. 

iii) the bidder (manufacturer or principal of authorised representative) furnishes 
along with the bid a legally enforceable undertaking jointly executed by 
himself and such foreign Manufacturer for satisfactory manufacture, Supply 
(and erection, commissioning if applicable) and performance of The Product’ 
offered including all warranty obligations as per the general and special 
conditions of contract. 

20.3 In the procurements not covered by sub-clause 20.1 above, and which are divisible/ 
spliltable in nature, the following procedure shall be followed: 

20.3 (i) Among all qualified bids, if the lowest bid (LI) is from a local vendor, the contract for 
full quantity will be awarded to LI. 

20.3 (ii) If LI bid is not from a local vendor, 50% of the order quantity shall be awarded to 

LI .Thereafter, the lowest bidder among the local vendors, will be invited to match the 
LI price for the remaining 50% quantity subject to the local vendor’s quoted price 
falling within the purchase preference margin of (LI + 20%), and contract for that 
quantity shall be awarded to such local vendor subject to matching the LI price. In 
case such lowest eligible local vendor fails to match the LI price or accepts less than 
the offered quantity, the next higher local vendor within the purchase preference 
margin of (LI + 20%) shall be invited to match the LI price for remaining quantity 
and so on, and contract shall be awarded accordingly. In case some quantity is still 
left uncovered on local vendors, then such balance quantity may also be ordered on 
the LI bidder. 

20.4 In procurements not covered by sub-clause 20.1 above and which are not divisible 
and such procurements where the bid is evaluated on price alone, the following 
procedure shall be followed: 

20.4 (i) Among all qualified bids, if the lowest bid is from a local vendor (LI), the 

contract will be awarded to LI. 

20.4 (ii) If LI is not from a local vendor, the lowest bidder among the local vendors, 
will be invited to match the LI price subject to local vendor’s quoted price 
falling within the purchase preference margin of (L1+ 20% ), and the contract 
shall be awarded to such local vendor subject to matching the LI price. 

20.4 (iii) In case such lowest eligible local vendor fails to match the LI price, the local 
vendor with the next higher bid within the purchase preference margin of (L1 + 
20% ) shall be invited to match the LI price and so on and contract shall be 
awarded accordingly. In case none of the local vendors within the purchase 
preference margin of (LI+20%) matches the LI price, then the contract may 
be awarded to the LI bidder. 


20.5 


The local vendor at the time of tender shall provide self-certification that the item 



offered meets the minimum local content and shall give details of the location (s) at 
which the local value addition is made. 


20.6 


20.7 


In cases of procurement for a value in excess of' 10 Crores, the local vendor shall 
be required to provide a certificate from the statutory auditor or cost auditor of the 
company (in the case of companies) or from a practicing cost accountant or 
practicing chartered accountant (in respect of supplies other than companies) 
giving the percentage of local content. 

A vendor who has been debarred by any procuring entity for violation of this Order 
shall not be eligible for preference under this Order for procurement by any other 
procuring entity for the duration of the debarment. 


We look forward for your active participations. 


Chief General Manager/Railway Projects 
IRCON, C-4, District Centre, Saket 
New Delhi -110017 
E-mail ID: surender.sinqh(5)ircon.orq 



ANNEX -1 TO e-Procurement Notice - SCOPE OF WORK 


The scope of work includes Construction of two no. TunnelsT-12 (between km 
37+097 to km 38+531 approx.) and T-13 (between km 38+775 to km 41+403 approx.) 
on Sivok (West Bengal) to Rangpo (Sikkim) New Single line BG Railway Line 
Project including portals, structures at the portal areas, niches, drains and all other 
ancillary works as per approved drawings. It generally includes the following: 

1) The Survey work shall involve taking over of sight, contouring of tunnel portal 
area and nearby area, with centre line pegs, checking and verification of bench 
marks and protection of the same, taking & recording cross sections of natural 
ground levels 

2) Excavation in all kinds of soil/rock at the Portals approach of the tunnel including 
disposal of muck as per approved drawings. 

3 ) Slope stabilization and slope protection at the Portals approach as per approved 
drawings or as per site requirement. This also includes temporary slope 
stabilization and slope protection for safe excavation of work. 

4 ) Construction of two no. Tunnels T-12 (between km 37+097 to km 38+531 
approx.) and T-13 (between km 38+775 to km 41+403 approx.) on Sivok 
(West Bengal) to Rangpo (Sikkim) New Single line BG Railway Line 
Projectincluding excavation and disposal of muck, support installation, concrete 
or shotcrete inner lining and other concrete works, and all other ancillary works 
required for the start of the interim construction of the main tunnel as per proposal 
of the CONTRACTOR and as approved by the ENGINEER and as per approved 
drawings. 

5) Construction of the final portal structures including backfilling as per approved 
drawings. 

6) The supply and installation of geotechnical instruments and 3D monitoring, such 
as bireflex targets or pressure cells, shall be done by the contractor including the 
recording of geotechnical instruments. 

7) Any other incidental / ancilliary works connected with the above and as directed 
by the ENGINEER. 

8) The profile and longitudinal section of the tunnel as indicated in the relevant 
drawings are approximate. The exact location of tunnel and evacuation tunnels 
portals, if any, for commencement of work may be subject to modifications at site. 

9) The drawings with tender documents are for guidance only and the work shall be 
done as per final approved 'Good for Construction drawing' and as per the 
instructions of Engineer. The tenderer/s will not have any claim on account of this. 

10) Methods for selection and adjustment of cross sections and related support 
measures will be according to NATM. 

11) Construction of Bituminous all-weather approach road with 5.0 m wide (or as 
per site condition or as directed by the Engineer) carriageway with earthen 
shoulder (one side) including protection work for North Portal and South 
Portal location from NH31A/ NH10 including maintenance till the competition 
of the project. 

12 ) Earthwork in cutting in all kinds of soils/rocks at approaches of tunnels including 
disposal of surplus spoils. 

13 ) Submission of detailed construction schedule, excavation advance rate, method 
statements with related detailed drawings and equipment planning, for various 
items of work. Resource based construction program shall be prepared by the 
contractor and submitted within 21 days from date of LOA. After submission of 
this resource based construction program, contract will be signed and it shall be 



part of the contract agreement. 

14] Maintenance of the existing access road to tunnel and construction of any 
otherinternal roads or any other road which will be required to be constructed 
/ developed by the contractor till completion of the project in all respect, is the 
responsibility of contractor. 

The above items of work shall include but not limited to the following: 

1) Excavating and disposal of all type of soils and rocks from open excavation etc. as per 
NEERI guidelines. 

2) Excavating and disposing of all types of soils, rocks and conglomerate from tunnel as 
directed by the ENGINEER. The CONTRACTOR/s has/have to make his/their own 
arrangements for dumping the excavated material. The dumping sites shall be 
indicated by IRCON. However, in case IRCON is unable to do so CONTRACTOR 
shall arrange the land. The cost accrued on this account shall be paid as per the 
actual expenditure made by the CONTRACTOR, (as per NEERI guidelines) 

3) The contract envisages all permanent and temporary works, which are necessary for 
the efficient execution and completion of work. 

4) The information and data stated herein and incorporated in contract elsewhere is for 
the general guidance only and may vary as a result of more detailed site investigation 
and construction drawings. 

5) Drilling and grouting. 

6) Providing Supply, Installation and Monitoring of Instrumentations with real time 
monitoring including 3D monitoring and geo-tech instrumentation and providing the 
data to IRCON/DDC, as required by them and as per the specifications mentioned in 
Special Conditions of Contract. 

6) Contractor shall do pre condition survey of existing structure i.e. building, 
houses, bridges etc. at his own cost before starting of work and submit the data 
to IRCON. 

8) Providing, handling, erection and installation of soil and rock supporting systems such 
as fiberglass elements, fiber reinforced sprayed concrete, steel ribs/lattice girders, 
rock bolts, wire mesh, swellex rock bolts/dowels (fore poling), SN type rock bolt, self¬ 
drilling rock Bolts, shear dowels, etc. as per the site conditions and as/or directed by 
Engineer-in-Charge. 

9) Concrete manufacture, delivery and placement including providing & installing form 
works and scaffolds 

10) Supply, Handling, cutting, bending, binding and placing of reinforcement steel. 

11) Construction of side drains, deep drains, collection and channelizing of the water by 
different ways, including sealing processes and installation of provisional cutting 
valves, etc. 

12) Construction and Maintenance of the approach roads required during entire period of 
construction and defects liability period. 

13) All safety arrangements as per relevant IS, IRC and IRS Codes of practice and as 
specified in the tender documents. 

14) Ventilation in tunnel during construction work. 

15) Conveyance of explosives from main magazine to work site, storage of explosives at 
work site as per site requirements by arranging contractor’s own stationary & mobile 
magazine, storage, security etc 

16) Construction of all temporary diversions of roads. 

17) Lighting during construction in tunnels, pumping of water, construction of provisional 



sump pumps, tanks for decantation, other kind of tanks because health, safety or 
environmental issues. 

18) Provision and maintenance of quality control laboratory at site with office in the 
laboratory for IRCON/DDC’s quality control engineer. 

19) Provision of Temporary Site Offices including Furnishing for IRCON Site Staff/ 
Northern Railway Staff & IRCON’s nominated representatives at nearby of each 
Portal Site (i.e. at North Portal, South Portal or adit if any) will be provided by the 
contractor within four months from the date of the award of the work at his own 
cost. Plan for the site office is enclosed in Special Conditions of Contract -1. 

20) Submission of tunnel survey reports i.e. regularly as decided by the ENGINEER. 

21) Submission of video of tunnel construction operations and progress reports with 
digital photo graphs in both hard and soft copies. 

22) Maintenance of all works for the specified period. 

23) Provision of all drainage and services pipe as per approved drawings. 

24) Provision of river training works as per directions of Engineer. 

25) Regular submission of tunnel survey reports as decided by Engineer. 

NOTES: 

a) IRCON has already appointed DDC for the above work. The work shall be 
done as per the Instructions of IRCON/DDC 

b) The Drawings attached with these tender documents are for tender purpose 
and for guidance only. The works shall be done as per good for construction 
drawings which shall be issued during the course of construction. The 
tenderer/s will not have any claim on account of this. 

c) For tunnel excavation, it is mandatory to sub-divide the excavation of the Main 
tunnel and Escape Tunnels into Top heading, bench and invert, if specified in 
drawings and/or as directed by DDC / Engineer. 

d) Tenderer may please note that chainage, co-ordinates, span of bridges, 
height of the bridges and length for tunnels given above are tentative and may 
change. Due to change in any of above parameter, IRCON will not entertain 
any claim on this account. 



ANNEX-II- ESSENTIAL QUALIFYING CRITERIA 


No 

Requirement 

Single 

Joint Venture 

1.0 



All parties 
combined 

Lead 

Partner 

Each 

Partner 

1.1 

The bidder should possess 

experience of having successfully 
completed similar civil works during 
last 10 years (ending last day of 
month previous to the one in which 
tender bids are invited) which should 
be anyone of the following: 

Must Meet 
Requirem 
ents 

Must Meet 

Requirem 

ent 



(i) 

Three similar civil works costing not 
less than the amount equal to 30% of 
advertised value of the tender, or 

Must Meet 
Requirem 
ents 

Must Meet 

Requirem 

ents 

At least 

one 

works of 
1.1 (i) 

At 

least 

one 

works 

(ii) 

Two similar civil works costing not 
less than the amount equal to 40% of 
advertised value of the tender, or 

Must Meet 
Requirem 
ents 

Must Meet 

Requirem 

ents 

At least 

one 

works of 
1.1(H) 

At 

least 

one 

works 

. r 

(iii) 

One similar works costing not less 
than the amount equal to 65% of 
advertised value of the tender. 

Must Meet 
Requirem 
ents 

Must Meet 

Requirem 

ents 

At least 
one work 
of 1.1 (iii) 

At 

least 

one 

works 

_r_ 

1.2 

The bidder should possess 

experience of having 

executed/completed at least one 
tunneling work of minimum 25 Sqm 
finished cross section area (Tunnel 
constructed with TBM and cut and 
cover method shall not be 
considered) with minimum continuous 
Stretch of 1.5 km or equivalent 
volume with minimum length of tunnel 
not less than 500 meter, in last 7 
years ending last day of month 
previous to the one in which tender 
bids are invited 

Must Meet 
Requirements 

Must meet 
either the 
member of t 

t requirement by 
JV firm or any 
he JV. 


NOTES TO ELIGIBILITY CRITERIA: 



(i)a. 

Similar Work(s) for the purpose of Essential Qualifying Criteria at 1.1 above, shall mean 
execution of any civil work which includes underground tunneling work of minimum 25 
sqm finished cross sectional area. In case of foreign firms RBI exchange rate as on 1st 
April of the corresponding financial year shall be used for experience certificates for 
evaluation of the eligibility criteria. 




(i)b. 

Similar Work(s) for the purpose of Essential Qualifying Criteria at 1.2 above, shall mean 
execution of any civil work which includes underground tunneling work of minimum 25sqm 
finished cross sectional area. Tunnel constructed with TBM and Cut and Cover method 
shall not be considered as similar works for this purpose. In case of foreign firms RBI 
exchange rate as on 1st April of the corresponding financial year shall be used for 
experience certificates for evaluation of the eligibility criteria. 

(ii) 

For evaluation of 1.1 &1.2 above, in case the total length of tunnel in single contract is 
more and the tenderer/s has/have partially successfully completed partial length with 
mining/underground excavation with primary support system, such partial completed 
length shall also be considered. Such partially completed work should be part of ongoing 
work (provided the work is not terminated). 

(iii) 

certificates in reference to S.No.1 above issued by Government Organizations/ Semi 
Government Organizations/ Public Sector Undertakings/ Autonomous bodies/ Municipal 
bodies/ Public Limited Company / Concessionaire Company/ Private Company/ JV 
Company for having successfully completed similar works . Certificates issued by Public 
Limited Company / Concessionaire Company/ Private Company/ JV Company must be 
supported by Tax Deducted at Source (TDS) Certificates in evidence of the value of work 
executed. 


No 

Requirement 

Single 

Entity 

Joint Venture 

All Lead Each 

parties Partner Partner 

2 

Financial Eligibility Criteria: The 

tenderer must have received contractual 
payments in the previous three financial 
years, ending 31.03.2019 (or 31.12.2018) 
in case of Foreign Firms where Gregorian 
calendar if followed) and the current 
financial year upto the date of opening of 
tender, at least 150% of the advertised 
value of the tender 

Must 

Meet 

Require 

ments 

Must Meet Requirements as per 
clause 17.15.2 of Annexure-I, Part-1 
of Indian Railway Standard General 
Condition of Contract, Nov’2018. 


Note: 

(i) The tenderers shall submit Certificates to this effect which may be an attested 
Certificate from the concerned department /client and/or Audited Balance Sheet duly 
certified by the Chartered Accountant etc. 

(ii) Foreign component shall be converted into INR at the buying rate of RBI as on 1st April 
of that year (in which work executed) for turnover purpose. 


No 

Requirement 

Single 

Entity 

Joint Venture 

All parties 
combined 

Lead 

Partner 

Each Partner 

3 

Bid Capacity: The tenderer/s shall 
have an available Bid Capacity of not 
less than the estimated cost of the 
work mentioned in tender document. 
The tender/technical bid will be 
evaluated based on bid capacity 
formula . 

Must 

Meet 

Requi 

remen 

ts 

Must 

Meet 

Require 

ments 

- 

- 






The available bid capacity shall be calculated as under: 

Available Bid Capacity = [A x N x 2.5] - B 
Where 

A = Maximum value of construction works executed and payment received in any one 
Financial year during the current and last three financial years immediately preceding the 
current financial year, up to date of opening of tender, taking into account the completed 
as well as works in progress. 

N= Number of years prescribed for completion of work for which bids has been invited. 

B = Value of existing commitments and balance amount of ongoing works with the 
tenderer to be completed in next ‘N’ years. 

Note : 

(a) The Tenderer(s) shall furnish the details of existing commitments and balance 
amount of ongoing works with tenderer as per the prescribed proforma for statement 
of all works in progress and also the works which are awarded to tenderer but yet 
not started upto the date of opening of tender. In case of no works in hand, a ‘NIL’ 
statement should be furnished. This statement should be submitted duly verified by 
Chartered Accountant. 

(b) In case of JV, the tenderer(s) must furnish the details of existing commitments and 
balance amount of ongoing works with each member of JV as per the prescribed 
proforma for statement of all works in progress and also the works which are 
awarded to tenderer but yet not started upto the date of opening of tender. In case of 
no works in hand, a ‘NIL’ statement should be furnished. This statement should be 
submitted duly verified by Chartered Accountant. 

(c) Value of a completed work/work in progress/work awarded but yet not started for a 
Member in an earlier JV shall be reckoned only to the extent of the concerned 
member's share in that JV for the purpose of satisfying his/her compliance to the 
above mentioned technical eligibility criteria in the tender under consideration. 

(d) The arithmetic sum of individual “bid capacity” of all the members shall be taken as 
JV’s “bid capacity”. 

(e) In case, the tenderer/s failed to submit the above statement along with offer, their/his 
offer shall be considered as incomplete and will be rejected summarily. 

(f) The available bid capacity of tenderer shall be assessed based on the details 
submitted by the tenderer. In case, the available Bid Capacity is lesser than 
estimated cost of work put to tender, his offer shall not be considered even if he has 
been found eligible in other eligibility criteria/tender requirement. 




4.0 Evaluation of multiple bids of the same bidder:- 


(i) The bidders are allowed to bid in single / multiple contract package(s) and 
evaluation shall be done as under. 

(ii) In first stage, qualification of bidder shall be checked separately for each invidual 
package for which the bidder has submitted the substantially responsive proposal 


/bid. 


(iii) In the second stage, the bidder whose proposal for more than one package has 
been determined substantially responsive and meeting the qualification 
requirements of individual packages the technical evaluation of such bidder will 
again be done for the combined requirements “ by clubbing the values of 
completed similar works (Clause 1.0 above) , average financial turnover (Clause 
2.0 above) and Bid capacity ( Clause 3.0 above) for all the possible combination 
(s) of pakages such as (i) Pkgs 1,2 & 3, (ii) Pkgs 1&2, (iii) Pkgs 1&3, (iv) Pkgs 
2&3. 

(iv) When any bidder fails to meet all the qualification criteria for all the four 
combinations as above, the financial bid(s) of higher value package(s) shall be 
only opened. 

(v) After the evaluation of technical proposals as above, the financial offer shall be 
opened for those specific package(s) of specific bidders who have submitted 
substantially responsive proposals and who have been determined to meet the 
qualification requirements. 

(vi) The offers of bidders which have been rejected on the grounds of being 
substantially nonresponsive to the requirements of the bidding document and 
which have been determined as being not qualified as a result of evaluation of 
technical proposal of individual package, the price proposal of such bidders for 
that package shall not be opened. 


Note: Tenderers are required to submit the self-evaluation sheets given at Rev. 
Appendix-VI 


Central PSUs j_| 



